ROADS AND BRIDGES AGENDA 
JULY 31,2007 

The following communications are transmitted by Rupert F. Graham, Jr., P. E., Superintendent, 

County Department of Highways submitting recommendations for change in plans and extra 

WORK INVOLVED IN IMPROVEMENTS AS DESCRIBED: 

288052 HIGHWAY DEPARTMENT, by Rupert F. Graham, Jr., P.E., Superintendent of 
Highways, submitting recommendation for change in plans and extra work on 
Section: 03-V6041-11-RP. Roselle Road, Hillcrest Boulevard to Euclid Avenue 
in the Villages of Palatine and Schaumburg in County Board Districts #14 and 15. 
Adjustment of quantities. $99,750.00 (Addition). 

288053 HIGHWAY DEPARTMENT, by Rupert F. Graham, Jr., P.E., Superintendent of 
Highways, submitting recommendation for change in plans and extra work on 
Section: 04-B5121-02-RS. 131st Street, Wolf Road to 96th Avenue in the 

Village of Orland Park in County Board District #17. Adjustment of quantities and 
new items. $17,652.48 (Deduction). 

288054- HIGHWAY DEPARTMENT, by Rupert F. Graham, Jr., P.E., Superintendent of 
Highways, submitting recommendation for change in plans and extra work on 
Section: 06-8STIC-27-GM. Striping Intersections and Crosswalks - 2006. Final 
adjustment of quantities. $72,037.05 (Deduction). 


The next regularly scheduled meeting is presently set for Thursday, September 6, 2007. 



